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TAGS: ABLD, ASEC 

SUBJECT: NEW MARINE HOUSE CONSTRUCTION 

REF: ROME 2486 

1 . TO FACILITATE FUTURE CONSTRUCTION OF THE NEW MGQ, 

EMBASSY AUTHORIZED TO BEGIN INCREMENTAL DEMOLITION 
EXISTING GARAGE BUILDING ROOF IN ACCORDANCE WITH CASTELLI 
PROPOSAL DATED 14 FEBRUARY 1977WITHIN TOTAL DOLS. 50,000. 

2. INDIVIDUAL INCREMENTS OF DEMOLITION 
SHALL NOT EXCEED DOLS. 10,000 PER WORK ORDER AS 
AUTHORIZED. 

3. IN ORDER TO PERMIT WORK TO PROCEED IN AN ORDERLY 
MANNER, A SIMPLE BARRIER SHOULD BE PROVIDED BY THE EMBASSY 
WITHIN GARAGE BUILDING IN LIEU OF THE BARRIER AS PROPOSED 
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BY THE CONTRACTOR. IF THIS IS NOT POSSIBLE, THE 
CONTRACTOR'S PROPOSAL MUST BE SIMPLIFIED TO PROVIDE 
MINIMAL DUST PROTECTION ONLY. 

4. AS DISCUSSED WITH EMBASSY BY FBO REPRESENTATIVES WHILE 
AT JOB SITE, IN ORDER TO ALLOW SUCCESSIVE INCREMENTS OF 
DEMOLITION AND NEEDED CONTRACTOR WORK SPACE AT SAME TIME, 
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THE BARRIER SHOULD BE LOCATED AT THE PRESENT MAJOR 
EXPANSION JOINT IN LIEU OF COSTLY MULTIPLE LOCATIONS 
PROVIDED IN CASTELLI PROPOSAL EVEN THOUGH THIS ELIMINATES 
SEVERAL OFFICIAL CAR PARKING SPACES AND THE CAR WASH FROM 
EMBASSY USE. 

5. THE EMBASSY SHOULD RELOCATE THE DISPATCHER OFFICE ASAP 
SINCE DEMOLITION NOISE AND DUST WILL COMPLETELY DISRUPT 
CAR POOL OPERATION IN THIS AREA AND FUTURE CONSTRUCTION 
CONTRACT MUST REQUIRE THAT THIS SPACE BE VACATED AND 
AVAILABLE TO CONTRACTOR.. 

6. ENTRANCE GATE FROM VIA FRIULI SHOULD OPENED AND MADE 
AVAILABLE TO CASTELLI FOR EASY CONSTRUCTION EQUIPMENT AND 
VEHICLE ACCESS TO SITE AS PREVIOUSLY DISCUSSED WITH 
EMBASSY. 

7. EMBASSY COOPERATION IS ESSENTIAL IN MAKING WORK 
SITE AVAILABLE AND UNENCUMBERED TO CONTRACTOR. 

8. EMBASSY SHOULD BE AWARE THAT CONTINUED USE OF GARAGE 
LEVEL FOR GS OPERATION AND OFFICIAL CAR PARKING WILL BE 
GREATLY HAMPERED BY DEMOLITION NOISE AND DUST. EMBASSY 
SHOULD PROMPTLY INITIATE PLANS FOR RELOCATING THESE 
FACILITIES DURING THE ENTIRE PERIOD OF DEMOLITION AND 
FUTURE CONSTRUCTION WORK. 

9. NECESSARY RELOCATION OF ELECTRICAL LINES. FIXTURES. 
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CLOSED CIRCUIT TV LINES, AND HEATING PIPES BE ACCOMPLISHED 
BY EMBASSY TO EXTENT POSSIBLE. 

10. EMBASSY REQUESTED TO KEEP DEPARTMENT ADVISED OF 
PROGRESS THIS PROJECT. 

11. ALLOTMENT DOCUMENT DOLS. 50,000 CODE 212 FOLLOWS. 
HARTMAN 
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